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FRED, G.TILORN, Architect 


SOE OEE ON Ns Engineer & Archt Whi bey (1 Mp ‘Sept » 28th, LSs7. 


HENRY W. WILSON, Civil Engineer, = =  giteneo-orsice=3 249- STATES) 
CHARLES G. DARRACH, Civil & Hydraulic Engineer, 
HENRY A. MACOMB, Architect. 


Hon. Daniel M. Fox, 
Supt., U. S. Mint, 
Philadelphia. 
Dear Sir: 
Enclosed please find final Estimate for Charles 
McCaul, for New Boiler room, main flue, coal vaults, &c., under 
contract dated March 8th, 1887; total amount due being $6,324.58 
Upon the back of the estimate you will find a release which 
should be properly signed and witnessed, before payment. 
This biil should not be paid until two matters are attended 
to, as follows: 
lst,-~Making the pavement over the vaults, to the west of the 
Mint building, water tight, and laying two courses of enamelled 
brick in the old doorway on west side of engine room. 
We have notified Mr. Brith ee this work must be done 
before payment of the final estimate will be made by you. 


Respectfully, 
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NARA RG104, Entry 1, Box 148 


[Abstract:] Encloses final estimate for Chas. McCaul for new Boiler room &c... 


Wilson Brothers & Co. 

Civil Engineers and Architects, 
Philadelphia, Pa. 

September 28, 1887 


Hon. Daniel M. Fox, 
Supt., U.S. Mint, 
Philadelphia. 


Dear Sir: 

Enclosed please find final Estimate for Charles McCaul, for New Boiler room, main flue, 
coal vaults, &c., under contract dated March 8th, 1887; total amount due being $6,324.58 Upon 
the back of the estimate you will find a release which should be properly signed and witnessed, 
before payment. 


This bill should not be paid until two matters are attended to, as follows: 


Ist, -- Making the pavement over the vaults, to the west of the Mint building, water tight, 
and laying two courses of enameled brick in the old doorway on west side of engine room. 


We have notified Mr. McCaul that this work must be done before payment of the final 
estimate will be made by you. 


Respectfully, 
Wilson Bro. & Co. 


